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ACTION FBOE-00 

INFO OCT-01 ARA-10 ISO-00 /OllW 

012023 

R 141815Z JUL 76 
FM AMEMBASSY MEXICO 
TO SECSTATE WASHDC 6146 
INFO AMCONSUL NUEVO LAREDO 

UNCLAS MEXICO 8984 

E.O. 11652: N/A 

TAGS: ABLD, AFSP, MX 

SUBJECT: CONSULATE OB, NUEVO LAREDO 

1. EMBASSY HAS FOR SEVERAL WEEKS BEEN NEGOTIATING WITH MARCOS 
RUSSEK TO ARRANGE FOR CORRECTION OF VARIOUS STRUCTURAL 
PROBLEMS THAT HAVE DEVELOPED IN THE CONSULATE OB AT NUEVO 
LAREDO. MR. RUSSEK ADVISED EMBASSY BY TELEPHONE ON JULY 12 
THAT HE HAD INITIATED STEPS TO MAKE THE NEEDED REPAIRS. 

2. TELEGRAM RECEIVED EROM CONSULATE NUEVO LAREDO JULY 13 
REPORTS EOLLOWING ACTION AND PROGRESS: 

QUOTE ING. WILLEHADO VALDEZ, GUTIERREZ 4627, TEL. 2-5627, 

NUEVO LAREDO, HAS BEEN CONTRACTED BY INTERRUAL TO DO REPAIR 
WORK AT CONSULATE COMPOUND. ING. VALDEZ INDICATED THEY WILL 
BUILD CONCRETE SIDEWALK ALONG OUTSIDE STONE WALL OF BUILDING. 
THEY WILL WATERPROOF STONE ON WALLS, RE-PLASTER WALLS ON 
VICE CONSUL'S OFFICE NO. 1, RE-PAINT FENCE, AND CORRECT 
LEAKS DEVELOPED AT SEVERAL PLACES, INCLUDING STOREROOM, 
ENTRANCE HALL FOR EMPLOYEES, POUCH ROOM, PO'S 
KITCHEN, THE WALL EACING THE AIR CONDITIONING UNITS, 

ROOF OF PO'S CARPORT, AND ALSO THE SOUTH WALL OF THE 
PO'S OEFICE, WHICH LEAKED WATER DURING LAST WEEK 
RAINS. WORK STARTED DURING FIRST WEEK OF JULY 
STOPPED DURING LAST WEEK DUE TO RAINS AND BEGAN 
AGAIN TODAY. UNQUOTE 
JOVA 

UNCLASSIFIED 


NNN 


Margaret P. Grafeid Deciassified/Reieased US Department of State EO Systematic Review 04 MAY 2006 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 14 JUL 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
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Disposition Remarks: 
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Executive Order: N/A 

Errors: N/A 
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Handling Restrictions: n/a 
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Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
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